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CONFIDENTIAL COTONOU 0336 

E.O. 11652: GDS 
TAGS: EAID, DM.US 

SUBJECT: PARAKOU-.MALANVILLE ROAD LOAN: 625-H-002 

FOLLOWING IS LATEST UNOFFICIAL INFORMATION CONCERNING CURRENT 
MRGD-IBRD-DORSCH NEGOTIATIONS WITH THE FIRMS FOI IGF, ROT J .F.-COT .AS 
AND RAZEL-GRUN & BILFINGER. NEITHER CONSTRUCTION FIRM WOULD 
AGREE TO EXTEND BID VALIDITY FROM FEB 12 DEADLINE TO 
MARCH 15, AND WOULD NOT CONSIDER TECHNICAL AND COST 
REVISIONS PROPOSED BY DORSCH. BOTH FIRMS WISH TO NEGOTIATE 
THEIR BID PRICES ON NEW FORMULA BASED ON RECENT INCREAST IN 
MARKET PRICES DUE TO ENERGY CRISIS. MELEGARI OF IBRD IS 
RETURNING TO WASHINGTON, D.C. AND PLANS ASSIST MRGD DIRECTOR 
PW CONTACT M-K ASAP. THEY PROPOSE TO INITIATE CONTRACT 
NEGOTIATIONS WITH M-K FOR CONSTRUCTION OF IDA SECTION OF 
ROAD ON BASIS OF UNIT PRICES CONTRACTOR BID ON AID SECTION 
OF THE ROAD. DIRECTOR PW WOULD APPRECIATE AID/W CONTACT 
M-K AND ASK CONTRACTOR GET IN TOUCH WITH DIRECTOR GBAGUIDI 
IF M-K IS INTERESTED IN MRGD PROPOSAL. 

ANDERSON 
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